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LOCKHEED AIRCRAFY CORPORATION 


CALIFORNIA DIVISION o BURBANK, CALIFORNIA 


ebe) 


26 June 1959 Ref: LAC/54&59h2 
Subjects TAB-6(u) 
Contract AF 04(606)-662h — 
Tos | Commander 25X1A 
Sacramento Air Material Area 
Attne 


McClellan Air Force Base, California 
Throughs AF Plant Sepresentative 
References (A) Change Order No. 6 to Contract AF 04.(606 )-6624(u) 
lo Reference (A) outhorized additional work to be accomplished 
under subject contract; it provided for an increese in appropriation in the 
25X1A amount of SNM ond specified that the vork be completed by 30 dime 1959. 


20 Details of the work have now been Gefined to the extent to 


permit the submlssion of a firs cost estimate. The estimated costs are 
Sn = Se 


30 The work to be performed under feference (A) will be completed 
by 10 August 1959. 


25X1A 


h, It is respectfully requested that subject definitive contract 
be amended to reflect the above. 
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